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with the labor of erecting the hoppers. The hoppers were furnished by the Kansas City Structural Steel Co., and are costed with the building. The hoppers are situated below the silica bins, above the converters and by a spring device and pointer indicate to an operator on the ground when they have been filled to the desired amount. The gates allow the material to flow through a 10 in. pipe chute directly into each converter. These chutes can be turned aside from the converter mouth by a chain, wheel and gear so as not to interfere when out of use. (See Fig. 93.)
Account 8419.1—10-ton Bullion Scales—Excavation.
The excavation consisted of small cuts made in sand and gravel with pick and shovel and cast to one side.
Account 8419.2—10-ton Bullion Scales—Foundations.
This concrete was cast plain in low 8-in. thick walls about a pit 4 ft. by 6 ft. in plan. The mix was machine made, 6 sand and gravel to 1 cement, and transported a distance of 1,900 ft. in wagons. Seventy-five per cent, of the walls7 vertical surface was formed.
Account 8419.3—10-ton Bullion Scales—Cost and Erection.
This represents the cost of the scales and the labor of installing them. The scales were pit pattern, 10-ton copper bullion class, with type registering beam weighing to 1 Ib. They came complete with all necessary structural steel framework and cast-iron platform plate.
Account 8419.4—10-ton Bullion Scales—Scale House.
This is a shed roof building without sides about 16 ft. by 20 ft. The roof is of 1-in. sheathing, covered with composition roofing. It was painted 2 coats of oil and lead.
Account 8425—Conveyor No. 15.
(See account 7405.)
Conveyor No. 15 is a 20-in. belt, making a conveyor 165 ft. long, running perfectly flat, operating at a speed of 300 ft. per minute, capable of handling 100 tons per hour. It receives material from conveyor 14 and delivers it to the silica bins of the conveyor building through an automatic tripper. The account is segregated as*follows:
Belt.................................................      $664.19
Robins Material...................................."..     1,231.91
Centrifugal switch.....................................         86.20
Lumber (decking, etc.)................................         67.05
Spout from No. 14 to No. 15...........................         31.21
29 ft. 6 in. of 5-in. d.l. drive belt........................         20.82
7|-h.p. motor........................................        188.75
Miscellaneous..........................................       61.34
$2,251.47 (See Fig. 91.)on 300 ft. long, machine mixed, 7 sand and gravel to 1 cement, transported in cars 150 ft. by wagon 350 ft. and by wheelbarrow 70 ft. One hundred per cent, of its vertical surface was formed.   95.30
